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1. THIS MIBSAQS F0R| 

2. SUBJECT* TASK CHAI01 RECORD NO. 2 



HI* ILECTB0NIC8 MODEL TESTS AND RESULTANT 
MODELS MODIFICATIONS 

. r , IN ACCORDANCE WITH TELECOM BETWEEN I 1 

25X1 A | | ON 2^ FEBRUARY THIS CONTRACTOR IS PROCEEDING WITH EVALUATION 

TESTS OF THE FULL-SCALE ELECTRONICS MODEL AND RESULTANT MODIFICATIONS 
TO THE FULL-SCALE ELECTRONICS MODEL AND WIND TUNNEL MODEL . THIS WORK 
INCLUDES INITIAL ELECTRONICS MODE. TESTS , MODIFICATION OF ELECTRONICS 
MODEL aND INLET RESEARCH MODEL IN ACCORDANCE WITH INITIAL TEST R0ULT8 , 
w AND FOLLOW-ON ELECTRONIC 8 MODEL TESTS. 
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5. THESE ADDITIONAL TASKS HAVE RESULTED IN INCREASE) ESTIMATE) 
COSTS SUMMARIZED TO DATE AS FOLLOWS i 


25X1 A 


(a) mtmmmmm AI 


25X1 A 


(1) MflTMMRTWQ 

DIRECT SALARIES AND OVERHEAD 
TRAVEL BXPEfSBS AND PER DIEM 
TOTAL BiGIN REFUND 

(2> mi 

MANUFACTURING LABOR AND 

OVERHEAD 

MATERIAL 

TOTAL FACTORY 



SECRET 


FEP*>Pr«5§d For Rel^je 2002/0//23 : CIA-RDP64B00187A0007001 60009 


-7 


■L 











Approved For Release 2002/07/2,3^ 




®7A0007001 60009-7 
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2t™^ CTURIKQ i-ABOR a overhead 

HATEHULfl 

TOTAL FACTOR* 
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salakibb and overhead 

U ) JEACTOHY 

labor and materials 
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PER WEEK AND WILL BI 


TASK OV*R I THA? : aWOINALL? F CALLKD A ^R T ^His il ?nvT 1 ? H ^r fUtPRBS!B,TS I1ICH *ASE) 
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basic task 

tor no. I (SPKIAL DUCTING 
REQUIRED BY engine 
contractor) 

TCR NO. 2 (DESCRIBED HEREIN) 
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